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Construction Update 10/31/2022 


STAY INFORMED 


arlingtonma.gov/projects 


arlingtonma.gov/connect 


CONSTRUCTION DETAILS 
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WIGH SCHOOL PROJECT SITE 
CONSTRUCTION STARTING 
TOBER 2020 


CONSTRUCTION SAFTEY 
CONSTRUCTION 4 WEEK SCHEDULE — STARTING WEEK OF OCTOBER 31, 2022 


The above layout identifies demolition areas in the work site and impacts along Grove Street. 
Additional work to be performed in the upcoming weeks includes: 


CONSTRUCTION ACTIVITIES: 
- Building E — Continue Gypsum Tops of Walls at Administration 
- Building E — Continue Exterior Wall Assembly 
- Building E — Continue Rough-In/Finishes of MEP & FP Work 
- Salt Shed — Complete Plywood Push Walls 
-  Sitework — Complete New Retaining Wall 
-  Sitework — Drainage Structures, Excavation, Rough and Final Grading 
- Sitework — Continue New Utilities (domestic water & electrical). Transfer of Temp. Power 
to Perm. Power. 


PUBLIC IMPACTS: 
- Jersey Barriers will be used to direct traffic along Grove Street 
- During sitework, trucks will be entering and leaving the site regularly 
- Additional weekend construction, weather permitting, thru approximately 12/3/22 


COVID-19 UPDATE 
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Project Photos — October 2022 ot 
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Photo # 2 — Buildi 
(10/3/2022) 
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Arlington DPW Facility , | 
Project Photos — October 2022 — 
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Photo # 3 — Building E Administration: Stair #2 installation (10/12/2022) 
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Photo #4 ~ Building E Maintenance: Mezzanine decking in preparation of 


Slab on Deck (10/3/2022) 
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Arlington DPW Facility 
Project Photos — October 2022 
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Photo #5 — Building E Maintenance: 
deck pour (10/7/2022) 


re 
(@) 
om 
= 
(@) 
ae 
N 
i=] - 
=a 
5 ees 
(@) 
go} 
e. 
o | 
lan) 
ae 
| 
N 
> 
io” 
oO | 
=) 


a 
, wT 
im, 


Photo #6 — Building E Maintenance: In 
(10/14/22) 
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